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9 February 1960 
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Subject: 


Change in Scope 


25X1 


25X1 


In response to your verbal request of 17 January I960, we are forwarding 
herewith a revision to our estimate of 21 December 1959 covering the 
additional effort to integrate the present KE 9 Keyer into the equipment 
being developed under the subject project. 

The revised total estimated cost-plus-fixed-fee for this effort is $20, 535 
which includes a fixed fee of $1, 343. A detailed analysis of this esti- 
mate is attached. 

This estimate is based upon the government furnishing the five (5) 
keyboards, thus eliminating the effort required for Burroughs to supply 
one (1) keyboard as outlined in the option in the previous proposal. 

Included in this estimate is $2, 544 which reflects the engineering effort 
expended on investigating the various options concerned with integrating 
the keyer function into the equipment. 

The delivery schedule has been increased by one (1) month to provide 
additional time for your evaluation of the prototype model after the comple- 
tion of Phase I. Thus, the revised completion date for Phase EL will now 
be 30 November 1960. 

Should you require any additional information, please do not hesitate to 
contact the undersigned. 
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$20,535. 
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